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10 November 1959 


MEMORANDUM FOR THE RECORD 


SUBJECT: Conourrence in Amendment No. 6 to Contract No. sr-20-80 | —— 


with The Perkin-Elmer Corporation, Norwalk, Connecticut, 


1. This memorandum conta’: a reeosmendation submitted for 
approval of the Deputy Directo (Pians}. Such recommendation 
is contained in Paragragh 6. 


2. Combract No. HF-20-00 provided for engineering and 
production of photographie and related growd support equipment 
for The contract is a fixed-price type subject 


25X1A te mise redet tion and bos a coutract target price of 
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3. This Amendment Ne. 6 has been drawn to incorporate inte 
the coutract the final price ¢orcermined by negotiations pursuant 
to the Price Redeterminatia@: (lause of the contract. ‘The final 
redeternmined contract price fx and is comprised of 
the accepted costs and profit set forth in the attached recap. 
The amendment also adjusta the unit qantities stated in Theme 
Nos. 12n., 3%. and 34a, of the eortract to correspond with the 
quantities delivered anid accertet under these items, 


4, The following requir;ments of the contract have been 
fulfilled: Ali itemy have becn delivered and accepted, ail 
GFP and residual inventories (ave been accounted for and disposition 
made thereof, and the reporte on Hoyalties (Clause 26) and Fatert 
Rights (Clause 32) have beer : tied and secepted. 


5. Combract No. HF-2 (45 and Amentuents Nos. 1 through 5 
thereto oblign _| chargeable to "No Year" Air Force 
fimds. This Amendment No. jeereases the funds allocated to 
the contract by $3,976./ Tats Gecreasr i to be credited to "No 
Year" Air Foree fumde (FY 1655). Upea making finel payment under 
the egatract it is requeste? thet the Coaptroller, DPD, advise 
the undersigned thereef in «-der that records pertaining to the 
eontract may be closed. 
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Approval of Amendiint Ho. € te Contract No. H¥-20-80 
and execution thereof on be'slf of the Agency by the authorized 
Contracting Officer ts reacemended. 
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RECAP OF REPORT OY PRICE REUIPERMINATION AUDIT OF CONTRACT 
HP-20-80 AND CONTRACTIM: CFFICER'S COMmETS zi 


Material 
Contractor claimed 942,052 for material 
Of this cost, $6,489 reprase:ting Subcontracting sertay 
bees Questioned by the Auditc: as not having Contracting 
Hebd approval. The anouni of $6,409 of Subcontract coats 
been reinstated as eost n@teesary for performance of the 25X1A 


Other parece Coates 
@ Contractor clained ‘09555 for other direct costs 


Of this cost, $678 representing Travel Expens ques~ 
, ? nges was 

Bhoaed by the Auditor ia Sehe-uiles 2 and 3. The Contract 
‘ficer concurs in the Auditc::'s findings except for the 


~~ The Contractor claimed $5 direct 
FLl,1L5 £ 
This cost was accepted by io hae ig jlbeatad pio vat 


the contratt-<<0-.e.ccnmenen. 
eam. SSA A ON A A A 


Ove 
ms Contractor claimed £195,350 for overhes4 
Of this cost, $2,95h was questioned by the parpetighate ieee 
duies 2 and 4. The Contractin.: Officer concurs in the 
Auditor 8 findings. Total Syprovred Ove rhendlee wens wm aw ou 
Total approved Manufect:ing COStqnnn ncenumerewanenee 


General and Administrat CnoS 
“Gulitor eet quationa TaOtL of IBA Expense claimed 


by the Contractor. Using the “2A Expease ermined 

i ons pang’ and opelying them to the adjusted Mfg. costs 
i 5: 

rae Sheep tein ran Expense has been determined appro- 


Mfg. Expense claimed fir Year Ending 132/56 
419,478 -00 aijustment in Sobeatie's, 
X 16.006 GBA rete e Meteest 1m Schedule 4, 
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Mfg. Expense claime | for Year Ending 

1/31/57 - 25X1A 
(32,594 in ze, F - 

@ule 3 and $70 in Schedule 4.) X 

15.7% G&A rater: <= 15h 09 0 Oe Oe se En 2 


Expense claim: for Year Ending 
7/a/s8 $96,936, ‘eas $415 ($375 
4n Schedule 5 ami 340 in Schedule 5) 
x x 18 GhA TE pre eet: rer ew or eee emer man meee 
TOTAL APFROVED GGA EXPENSE-:: OS OE Ue CHD Sa A a A Se a 


Eat Cost to ete Hork 
@ request: $5,650 to complete 
the contrast work as set forth in Exhibit B. Of 
this amount, the Auditor queitioned $193 as set 
forth in Schedule 7. The Costrecting Officer 
concurs in the Auditor's flings and approves 25X1A 
the following estimated cxos:: for completion of 
WOrlo«noccenses ce een ewe aE es: <b RE ES Oe OE Oe PO AE OF OY Se a Oe SE ee te 


Total Approved Contract Costq-«-s0ewmssnseemonnnen 
COMPUTATION OF FINAL GUNTRACT FRICE AND PROFIT 


Contract Target Price, Ament wat No, j<<0ssessnemeewewn 
Less Adjustments in ities of 
Itema Nos. 12a, 3+, and fa. in 
ccatract per Contractor’: letter 
of 13 February i195 Ee TLE + FE Sh DE ON I AEE I OS Ee I PE PF I BE 
Adjusted Contract Taxrset PriceqW---n-eeneesswnwnwn 


By reason of the total Approved Contract Cost execding 
adjusted Contract Target Cori dq si‘(s”tSCSC=*d*Chn@® revised 
contrect price shall equal ‘ine contract target price in 
aevordance with the provisicss of Par.4(b) in SECTION L, 
PRICE REDETERMINATICN, of th: contract. schedule. 
Revised Contraat PE ee ween are on ve age Oe ee ea a es He Eee om 
Less Total Approved contract Conts-~<<---0nssss00 
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